CITY OF FAIRFIELD 


RESOLUTION NO. 2012 - 249 

RESOLUTION OF THE CITY COUNCIL APPROVING THE SPECIFICATIONS AND 
AWARDING A CONTRACT TO CARBON ACTIVATED CORPORATION FOR THE 
NORTH BAY REGIONAL WATER TREATMENT PLANT REPLACEMENT OF MEDIA 

IN FILTER #7 PROJECT 


WHEREAS, the bid opening for the North Bay Regional Water Treatment Plant 
Replacement of Media in Filter 7 Project took place on November 15, 2012; and 

WHEREAS, the apparent low bidder was Carbon Activated Corporation in the amount 
of $220,000. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The specifications for the North Bay Regional Water Treatment Plant 
Replacement of Media in Filter #7 Project are hereby approved. 

Section 2. The City Manager is directed to enter into a contract with Carbon Activated 
Corporation for the North Bay Regional Water Treatment Plant Replacement of Media in 
Filter #7 Project in the amount of $220,000. 

Section 3. The City Manager is hereby authorized to implement the above-mentioned 
contract. 

PASSED AND ADOPTED this 4**^ day of December 2012, by the following vote: 


AYES: 

COUNCILMEMBERS: 

NOES: 

COUNCILMEMBERS: 

ABSENT. 

COUNCILMEMBERS: 

ABSTAIN: 

COUNCILMEMBERS: 

ATTT 

EST: 




O Q. 

CLERK 


PriceA/accaro/Bertani/Mov/Mfigtz 

None 


Alone_ 


X/a 




MAYOR 




74 



ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the day of December 2012, by and between CITY OF 
FAIRFIELD, party of the first part, hereinafter called the CITY, and 
Carbon Activated Corp., party of the second part, hereinafter called the CONTRACTOR. 
It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, 
acting directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter 
named, agree as follows; 

I. SCOPE OF WORK 

The CONTRACTOR hereby agrees to furnish all of the materials and all of the 
equipment and labor necessary and to perform all of the work shown on the plans and 
described in the specifications for the project entitled: 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 

all in accordance with the requirements and provisions of the following Documents 
which are hereby made a part of this Agreement: 

a. Advertisement for Bids. 

b. The Accepted Bid, 

c. Instructions to Bidders. 

d. Specifications consisting of: 

1) Specific Provisions. 

2) Special Provisions. 

3) General Provisions. 

e. Performance Bond, dated _ 

f. Labor and Material Bond, date. 2 ^/'^ _. 


All of said documents are intended to cooperate so that any work called for in one and 
not mentioned in another, or vice versa, is to be executed and performed the same as if 
mentioned in all of said documents. Said documents, comprising the complete 
Contract, are sometimes hereinafter referred to as the Contract Documents. Should 
there be any conflict between the terms of this instrument and the bid or proposal of 
CONTRACTOR or any of the other Contract Documents, this instrument shall control. 
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II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon 
written notice to proceed. 

b. Work shall be completed within the times given in Section 01010 
Summary of Work. 

c. Failure to complete the work within the times given in Section 01010, 
Summary of Work, including extension granted thereto as determined by the 
Engineer, shall entitle the City to deduct from the monies due to the 
CONTRACTOR as "Liquidated Damages" an amount equal to Six Hundred 
and Fifty Dollars ($650) for each day of delay in the completion of work. 

III. CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the 
Contract the amounts determined for the total number of each of the 
following units of work completed at the unit price stated thereafter. The 
number of units contained in the attached schedule is approximate only, and 
the final payment shall be made for the actual number of units that are 
incorporated in or made necessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the 
Contract that cannot be classified as coming under any of the Contract units, 
may be done at mutually agreed-upon unit prices, or on a lump sum basis, or 
under the provisions of Section 6 of the General Provisions. 
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NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item Price 

Total Price 

1 

Remove and dispose of existing 
Filter Media in Filter #7 


1 

$22,481 

$22,481 

2 

Remove existing nozzles, and 
replace with new owner 
FURNISHED filter nozzles in 
Filter #7 

LS 

1 

$8,650.00 

$8,650.00 

3 

Furnish and Install new sand 
and GAC Filter media in Filter 
#7 

LS 

1 

$188,869 

$188,869 

Total Bid Price; 

$220,000 
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IV. PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this 
contract. This contract shall be voidable at the option of the City if this provision is 
violated. 


V. WORKERS’ COMPENSATION 


Contractor hereby certifies that Contractor is aware of the provisions of Section 3700 of 
the Labor Code which require every employer to be insured against liability for workers' 
compensation or to undertake self-insurance in accordance with the provisions of that 
Code, and that Contractor will comply with such provisions before commencing the 
performance of the work of this contract. 


IN WITNESS WHEREOF, the parties have executed this Agreement the day and year 
first above written. 


WITNESS; 





City Clerk 


CITY OF FAIRFIELD 


By; 






Title 


Licensed in accordance with an act providing 
for the registration of contractors. 

Contractor's License; 

a. Class; A _ 

b. Number; 842091 _ 

c. Expiration Date; 07/31/2012 _ 

FEI Number;' 95-4577883_ 
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Bond No.: PB 115104 00150 
Premium: $3,300.00 

**Premium is based on 100% ofthe final contract amount** 


PERFORMANCE BOND 

KNOW ALL PERSONS BY THESE PRESENTS that; 

WHEREAS the City of Fairfield (“City”) has awarded to_ 

_ Carbon Activated Corporation - 250 E. Manville St., Compton. CA 90220 


(Name and xldrass of Contractor) 

(“Contractor”) a contract (the “Contracf) for the work described as follows: 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 

WHEREAS, Contractor is required under the terms of the Contract to furnish a bond for 
the faithful performance of the Contract 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Philadelphia Indemnity Insurance Company - 251 S. Lake Ave.. Suite 360. Pasadena, CA 91101 _ 


(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of_ 

_ Two Hundred Twenty Thousand Dollars and No/100s ___ 

Dollars ($ 220,000.00 _), this amount being not less than one hundred 

percent (100%) of the total contract price, in lawful money of the United States of 
America, for the payment of which sum well and truly to be made, we bind ourselves, 
our heirs, executors, administrators, successors, and assigns, jointly and severally, 
firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, If the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, shall 
in all things stand to and abide by, and well and truly keep and perform all the 
undertakings, terms, covenants, conditions and agreements in the Contract and any 
alteration thereof made as therein provided, on the Contractor's part to be kept and 
performed, all within the time and In the manner therein specified, and in all respects 
according to their true intent and meaning, and shall indemnify and hold harmless City, 
its officers, agents, and others as therein provided, then this obligation shall become null 
and void; otherwise, it shall be and remain in full force and effect. 

In case suit is brought upon this bond, Surety further agrees to pay all court costs and 
reasonable attorneys' fees in an amount fixed by the court. 

FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the temns of the Contract, or of 
the work to be performed thereunder, or the specifications for the same, shall in any 
way affect its obligations under this bond, and it does hereby waive notice of any such 
change, extension of time, alteration, addition, or modification to the terms of the 
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Contract or to the work or to the specifications thereunder. Surety hereby waives the 
provisions of California Civil Code §§ 2845 and 2849. City is the principal beneficiary of 
this bond and has ail rights of a party hereto. 

IN WITNESS WHEREOF, two (2) identical counterparte of this instrument, each of 
which shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned 
repre8entative(s) pursuant to authority of its governing body. 

Dated; December 17, 2012 


“Contractor" 

Carbon Activated Corporation 




Byf^ 


Title 

Bv: ^ 

_ 


Title ^ ^ lo-^ ' 


“Surety” 

Philadelphia Indemnity Insurance Company 



Linda D. Coats, Attomey-in-Fact 


By:_ 

Title 


(Seal) 


(Seal) 


Not9: This bond must bs oxseutsd In dupUcsts and datsd, all slgnabires must bm m^arizsd, and 
•Wetonce at tfw authority of any parson siting as attomey^n-Zbct must ba attachad. 
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CALIFORNIA 

ALL-PURPOSE ACKNOWLEDGEMENT 


State of California 

County of_ Orange _ 

On VcM befofg SummerL. Reyes. Notary Public 

. (insert name and titk of the officer) 

personally appeared Linda D. Coats _ 

who proved to me on the basis of sadsfaetory evidenee to be the person^^ whose namc(s) is/«e 
subscribed to the within instrument and acknowledged to me that he/she/thty executed the 
same in hh/her/their authorized capacity^, and that by hWher/their signature's) on the 
instrument the personas), or the entity upon behalf of which the personfs) acted, executed the 
instrument. 


I certify under PENALTY OF PERJURY under the laws of the State of California that the 
foregoing paragraph is true and correct. 





Philadelphia 

Insurance Companies 


A Meitilwp of the Tflkio Marine Group 


PHILADELPHIA INDEMNITY INSURANCE COMPANY 
231 St. Asaph's Rd, Suite 100 
Bala Cynwyd, PA 19004-0950 
Power of Attorney 

KNOW ALL PERSONS BY THESE PRESENTS; That PHILADELPHIA INDEMNITY INSURANCE COMPANY (the Company), a corporation organized and 
existing under the laws of the Commonwealth of Pennsylvania, does hereby constitute and appoint; Linda D. Coats & Matthew J. Coats OF Coats Surely 
Insurance Services, Inc. 


Its true and lawful Attorney (s) in fact with full authority to execute on its behalf bonds, undertakings, recognizances and other contracts of indemnity and writings 
obligatory in the nature thereof, issued in the course of its business and to bind the Company thereby, in an amount not to exceed $5,000,000.(X). 

This Power of Attorney is granted and is signed and sealed by facsimile under and by the authority of the following Resolution adopted by the Board of Directors of 
PHILADELPHIA INDEMNITY INSURANCE COMPANY at a meeting duly called the 11“'’ day of July, 2011. 


RESOLVED: 


FURTHER 

RESOLVED: 


That the Board of Directors hereby authorizes the President or any Vice President of the 
Company to: (1) Appoint Attomey(s) in Fact and authorize the Attomey(s) in Fact to 
execute on behalf of the Company bonds and undertakings, contracts of indemnity and 
other writings obligatory in the nature thereof and to attach the seal of the Company 
thereto; and (2) to remove, at any time, any such Attomey-in-Fact and revoke the 
authority given. And, be it 


That the signatures of such officers and the seal of the Company may be affixed to any 
such Power of Attorney or certifreate relating thereto by facsimile, and any such Power of 
Attorney so executed and certified by facsimile signatures and facsimile seal shall be 
valid and biding upon the Compatiy in the future with the respect to any bond or 
undertaking to which it is attached. 


IN TESTIMONY WHEREOF, PHILADELPHIA INDEMNITY INSURANCE COMPANY HAS CAUSED THIS INSTRUMENT TO BE SIGNED AND 
ITS CORPORATE SEALTO BE AFFIXED BY ITS AUTHORIZED OFFICE THIS 18™ DAY OF JULY, 2011. 




President 



Christopher J. Maguire 

President Philadelphia Indemnity Insurance Company, a Pennsylvania Corporation. 


On this 18™ day of July 2011, before me came the individual who executed the preceding instrument, to me personally known, and being by me duly sworn said that he 
is the therein described and authorized officer of the PHILADELPHU INDEMNITY INSURANCE COMPANY; that the seal affixed to said instrument is the 
Corporate seal of said Company; that the said Corporate Seal and his signature were duly affixed. 


COMMONWEALTH OF PENNSYLVANIA 
Notarial Saat 

Kfrnbeity A. KesalsskI, Notary Public 
Lower MerktnTVvp., Monlgomoiy County 
MyCommlsalonEirpIteaDao, 16,2012 
Member, Penrwylvania AaaoclaVon of Notariae 



I, Craig P. Keller, Executive Vice President Chief Financial Officer and Secretary of PHILADELPHIA INDEMNITY INSURANCE COMPANY, do herby certify 
diat the foregoing resolution of the Board of Directors and this Power of Attorney issued pursuant thereto on this 18™ day of July 2011 are true and correct and are still 
in full force and effect I do further certify that Christopher J. Maguire, who executed the Power of Attorney as PresidenL was on the date of execution of the attached 
Povrer of Attorney the duly elected President of PHILADELPHIA INDEMNITY INSURANCE COMPANY, 

In T estimony Whereof 1 have subscribed my name and affixed the facsimile seal of each Company this 17th day of December 2012. 



Craig P. Keller 

Executive Vice President, Chief Financial Officer & Secretary 



Bond No.: PB 115104 00150 
Premium: Included with Performance Bond 


PAYMENT BOND 
(LABOR AND MATERIALS) 


KNOW ALL PERSONS BY THESE PRESENTS that: 
WHEREAS the City of Fairfield (“City") has awarded to_ 

_ Carbon Activated Corporation - 250 E. Manville St.. Compton. CA 90220 


(Name and address of Contractor) 

(“Contractor"), a contract (the “Contract") for the work described as follows: 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 

WHEREAS, Contractor is required under the terms of the Contract and the California 
Civil Code to secure the payment of claims of laborers, mechanics, materialmen, and 
other persons as provided by law. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Philadelphia Indemnity Insurance Company - 251 S. Lake Ave., Suite 360, Pasadena, CA 91101_ 


(Name and address of Surety) 

("Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of __ 

_ Two Hundred Twenty Thousand Dollars and No/100s 

Dollars ($ 220.000.00 ) . this amount being not less than one hundred percent (100%) of 

the total contract price, in lawful money of the United States of America, for the payment 
of which sum well and truly to be made, we bind ourselves, our heirs, executors, 
administrators, successors, and assigns, joiritly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, or 
subcontractors shall fail to pay any of the persons named in Section 3181 of the 
California Civil Code, or any amounts due under the Unemployment Insurance Code 
with respect to work or labor performed under the Contract, or for any amounts required 
to be deducted, withheld, and paid over to the Employment Development Department 
from the wages of employees of the Contractor and subcontractors pursuant to Section 
13020 of the Unemployment Insurance Code, with respect to work or labor performed 
under the Contract, the Surety will pay for the same in an amount not exceeding the 
penal sum specified in this bond; otherwise, this obligation shall become null and void. 

This bond shall inure to the benefit of any of the persons named tn Section 3181 of the 
California Civil Code so as to give a right of action to such persons or their assigns in 
any suit brought upon the bond. In case suit is brought upon this bond. Surety further 
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agrees to pay all court coste and reasonable attorneys' fees in an amount fixed by the 
court. 

FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, additbn or modification to the terms of the Contract, or of 
the work to be perfomned thereunder, or the specifications for the same, shall in any 
way affect its obligations under this bond, and it does hereby waive notice of any such 
change, extension of time, alteration, addition, or modification to the terms of the 
Contract or to the work or to the specifications thereunder. Surety hereby waives the 
provisions of California Civil Code §§ 2845 and 2649. 

IN WITNESS WHEREOF, two (2) identical counterparts of this Instrument, each of 
which shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by ite undersigned 
representative(8) pursuant to authority of its governing body. 

Dated I December 17, 2012 


“Contractor* “Surety” 

Carbon Activated Corporation Philadelphia Indemnity Insurance Company 




Linda D. Coats, Attomey-in-Fact 


By:_ 

Title 


(Seal) 


(Seal) 


Notm: Thb bond mimt bm wcBcutBd In duf^icate and dated, all signatures muat be notarbced, and 

evidence of the authority of any person signing as attomey-in-fact must be attarited. 
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CERTIFICATE OF ACKNOWLEDGMENT < Attomey-ln-Fact 


STATE OF CALIFORNIA ) 

COUNTY OF_) ss. 


On this_day of_. in the year_, before me, the undersigned 

Notary Public in and for said state, personally appeared_personally 

known to me (or proved to me on the basis of satisfoctory evidence) to be the person 
whose name is subscribed to the within instrument, as the Attomey-in-Fact of 

_acknowledged to me that he/she subscribed the name 

of_thereto as principal and his/her own name as 

Attomey-in-Fact. 


(SEAL) 


Notary Public in and for the 

County of_ 

State of California 

My Commission Expires_ 
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CALIFORNIA 

ALL-PURPOSE ACKNOWLEDGEMENT 


State of California 
County of_ Orange 




personally appeared Linda D. Coats 


:me,_ Summer L. Reyes, Notary Public 

(insert name and title of the officer) 


who proved to me on the basis of satisfaetory evidenee to be the personfs) whose namc(s) is/arc 
subscribed to the within instrument and aclmowledged to me that he/she/th^ executed the 
same in his/her/thetr authorized capacityOes), and that by Iws/her/their signature's) on the 
instrument the personas), or the entity upon behalf of which the personas) acted, executed the 
instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the 
foregoing paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature 






SUMMER L. REYES 
Commission # 1986627 
Notary Public - California | 
Orange County 5 
My Comm. Expires Jul 29. 20161 

. .. ' I I I I • 








Philadelphia 

Insurance Companies 


AMeml'Xii'Ol thcTokio Marine Group 


PHILADELPHIA INDEMNITY INSURANCE COMPANY 
231 St. Asaph's Rd, Suite 100 
BalaCynwyd, PA 19004-0950 
Power of Attorney 

KNOW ALL PERSONS BY THESE PRESENTS'. That PHILADELPHIA INDEMNITY INSURANCE COMPANY (the Company), a corporation organized and 
existing under the laws of the Commonwealth of Pennsylvania, does hereby constitute and appoint: Linda D. Coats & Matthew J. Coats OF Coats Surely 
Insurance Services, Inc. 


Its true and lawful Attorney (s) in fact with full authority to execute on its behalf bonds, undertakings, recognizances and other contracts of indemnity and writings 
obligatory in the nature thereof, issued in the course of its business and to bind the Company thereby, in an amount not to exceed $5,000,000.00. 

This Power of Attorney is granted and is signed and sealed by facsimile under and by the authority of the following Resolution adopted by the Board of Directors of 
PHILADELPHIA INDEMNITY INSURANCE COMPANY at a meeting duly called the 11® day of July, 2011. 

RESOLVED: That the Board of Directors hereby authorizes the President or any Vice President of the 

Company to: (1) Appoint Attomey(s) in Fact and authorize the Attomey(s) in Fact to 
execute on behalf of the Company bonds and undertakings, contracts of indemnity and 
other writings obligatory in the nature thereof and to attach the seal of the Company 
thereto; and (2) to remove, at any time, any such Attomey-in-Fact and revoke the 
authority given. And, be it 

FURTHER 

RESOLVED: That the signatures of such officers and the seal of the Company may be affixed to any 

such Power of Attorney or certificate relating thereto by facsimile, and any such Power of 
Attorney so executed and certified by facsimile signatures and facsimile seal shall be 
valid and biding upon the Compare' in the future with the respect to any bond or 
undertaking to which it is attached. 

IN TESTIMONY WHEREOF, PHILADELPHIA INDEMNITY INSURANCE COMPANY HAS CAUSED THIS INSTRUMENT TO BE SIGNED AND 
ITS CORPORATE SEALTO BE AFFIXED BY ITS AUTHORIZED OFFICE THIS 18™ DAY OF JULY, 2011. 




• a 


9^ ■ 


V-. 

» s 

o • 

m s 


.••■,4^/ 

'"''IMHItl'’'’ 



President 
Christopher J. Maguire 

President Philadelphia Indemnity Insurance Company, a Pennsylvania Corporation. 



On this 18™ day of July 2011, before me came the individual who executed the preceding instrument, to me personally known, and being by me duly sworn said that he 
is the therein described and authorized officer of the PHILADELPHU INDEMNITY INSURANCE COMPANY; that the seal affixed to said instrument is the 
Corporate seal of said Company; that the said Corporate Seal and his signature were duly affixed. 


COMDIONWEALTH OF PENNSYLVANIA 
Nol.Btlal Saat 

Kimberly A. Keisleskl. Notary Public 
Lower Merlon Twih, Monlgomaiy County 
MyCommIselonBiolreeDeo, 18,20ta 
Member, Peniwylvanla Aaaoclallon of Kotarke 



I, Craig P. Keller, Executive Vice President, Chief Financial Officer and Secretary of PHILADELPHIA INDEMNITY INSURANCE COMPANY, do herby certify 
that the foregoing resolution of the Board of Directors and this Power of Attorney issued pursuant thereto on this 18™ day of July 201 lare true and correct and are still 
in foil force and effect I do further certify that Christopher J. Maguire, who executed the Power of Attorney as President, was on the date of execution of the attached 
Power of Attorney the duly elected President of PHILADELPHIA INDEMNITY INSURANCE COMPANY, 

In Testimony Whereof I have subscribed my name and affixed the facsimile seal of each Company this 17th day of December 2012. 



Craig P. Keller 

Executive Vice President, Chief Financial Officer & Secretary 



CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


PROPOSAL 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER#? 

To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the proposed work, that he 
has examined the plans, specifications, and ail the contract documents, and hereby proposes 
to furnish all materials, labor, equipment, and perform all the work in strict accordance with 
said plans, specifications, and contract documents in consideration of the attached schedule. 

The undersigned further agrees that, upon written acceptance of this bid, he will within the 
time stated in the Instructions to Bidders execute a formal contract agreement with the City of 
Fairfield, with necessary bonds and certificate and city standard form endorsement of 
insurance. He also agrees that, in the case of default in executing the contract, the proceeds 
of the check or bond accompanying his bid shall become the property of the City of Fairfield. 

The undersigned agrees that, if awarded the contract, he will commence the work upon 
written notice to proceed and shall diligently prosecute A) removal of existing Sand and 
Granular Activated Carbon Media in Filter #7 per the schedule shown in Section 01010, B) 
replacement with new Sand and Granular Activated Carbon Media per the schedule shown in 
Section 01010, and remove existing nozzles, and replace with new OWNER FURNISHED 
filter nozzles in Filter#/. 

Bids are to be submitted for the entire work. 

The amount of the bid for comparison purposes will be total amount of bid. 

The bidder shall set forth for each unit basis item of work an item price and a total for the 
item, and for each lump sum item a total for the item, all in clearly legible figures in the 
respective spaces provided for this purpose. In the case of unit basis items, the amount set 
forth under the "Total" column shall be the extension of the item price bid on the basis of the 
estimated quantity for this item. 

In case of discrepancy between the item price and the total set forth for a unit basis item, the 
item price shall prevail, provided, however, if the amount set forth as an item price is 
ambiguous, unintelligible or uncertain for any cause, or is omitted, or is the same amount as 
the entry in the "Total" column, then the amount set forth in the "Total" column for the item 
shall prevail and shall be divided by the estimated quantity for the item and the price thus 
obtained shall be the item price. 

The following quantities are approximate only, being given as a basis for the comparison of 
bids, and the City of Fairfield does not expressly or by implication agree that the actual 
amount of work will correspond therewith and reserves the right to increase or decrease the 
amount of any portion of the work or to omit portions of the work as may be deemed 
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necessary or advisable by the Engineer. The undersigned further agrees to accept the 
aforesaid unit bid prices in compensation for any additions or deductions caused by variation 
in quantity due to more accurate measurement or by any changes or alterations in the plans 
or specifications of the work. 

Bidder acknowledges receipt of the following addenda: 

None 
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NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item Price 

Total Price 

1 

Remove and dispose of existing 
Filter Media in Filter#? 

LS 

1 

$22,481.00 

$22,481.00 

2 

Remove existing nozzles, and 
replace with new owner 
FURNISHED filter nozzles in 
Filter #7 

LS 

1 

$ 8,650.00 

$ 8,650.00 

3 

Furnish and Install new sand 
and GAC Filter media in Filter 

No. 7 

LS 

1 

$ 188,869.00 

$ 188,869.00 

Total Bid Price: 

$ 220,000.00 








































ATTACH TO THIS BID a list of three (3) projects completed by the Contractor during the last 
five (5) years involving work of similar type and complexity. The list shall include the 
following information as a minimum; 

• Names, address, and telephone number of owner. 

• Name of project. 

• Location of project. 

• Brief description of the work involved. 

• Contract amount. 

• Date of completion of contract. 

• Name, address, and telephone number of architect or engineer. 

• Name of owner’s project engineer. 

To be considered for award, the CONTRACTOR shall have completed at least three projects 
of similar type and complexity and comparable value. 

This project consists of removal and replacement with new sand and granular activated 
carbon filter media; and remove existing no 2 zles, and replace with new owner FURNISHED 
filter nozzles in Filter #7 at the North Bay Regional (NBR) Water Treatment Plant, owned by 
the Cities of Fairfield and Vacaville, CA. 
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ACTIVATED CARBON & RELATED SERVICE 


CARBON ACTNATBB COR?. 

250E Manville Street 

Manville.CA 90220 

Phone:(310)885-4555 

Fax; (310) 885-4558 

E-mail; lnfb@carbonactivatedcorp.com 

Website: www.catbonactivatedcorD.com 

October 13, 2011 


City of Fairfield 
1000 Webster Street 
Fairfield, 


Below is a list of three projects completed by Carbon Activated Corporation during the last five years involving 
work similar type and complexity 

1. City of Fairfield, 1000 Webster St., Fairfield, CA 94533 (7047) 428-7476. “Remove and Load Media in 
Filter #1” North Bay Water Treatment Plant, 5110 Waterworks Lane, Fairfield, CA. 94533. 
Superintendent Gil Hernandez (707) 428-7680 ext. 105 Supply 4,200 cubic feet of 8X16 Coal Base 
GAC and 1,880 cubic feet of Filter Sand. Remove, Load, and Disposal of Media that was removed. 
Contract amount $ 241,783.00 completed 05-2012 Project Manager Jay Swanson (707) 428-7476, 1000 
Webster St., Fairfield, CA 94533. 

2. City of Benicia 100 Water Way, Benicia, CA 94510 phone (707) 746-4225. “Filter Media Replacement 
Project Water Treatment Plant”. Contact Scott Rovanpera Superintendent/Project Manager (707) 746- 
4393. Removal a total of 6,000 cubic feet from two Filters, Load a total of 3,850 cubic feet of 8X30 
Coal Base Carbon, and Replacement of missing Filter Sand. Contract amount was $ 151,186.31 
completed in 12-2010. 

3. City of Antioch 3"^^* and H Street, Antioch, CA 94509 phone (925) 779-6994. “Remove and Install 
Granular Carbon Proposal No. 968-0916-10F” City of Antioch Water Treatment Plant, 401 Putnam 
Street, Antioch, CA 94509. Superintendent Duane Anderson Superintendent (925) 779-7029. Supplied 
12,200 cubic feet of 8X30 Coal Base Carbon for 8 filters. Remove, Load, and Disposal of spent carbon. 
Contract amount $ 434,324.77 completed 02-2010. Project Manager was Duane Anderson (925) 779- 
7029. 

4. Central Costal Water Authority 255 Industrial Way, Buellton, CA 934127 phone (805) 688-2292. 
“Polonio Pass Water Treatment Plant Granular Activated Carbon Media Replacement Project”. John 
Brady was the Engineer/Project Manager (805) 688-2292 ext. 228Polonio Pass Water Treatment Plant, 
5250 Antelope Road, Shandon, CA 93461. Removal a total of 6,000 cubic feet from two Filters, Load a 
total of 6,000 cubic feet of 8X16 Coal Base Carbon, and Disposal of spent carbon. Contract amount was 
$ 289,434.34 completed in 02-2009. The project engineer John Brady (805) 688-2292 ext. 228 address 
Central Costal Water Authority, 255 Industrial Way, Buellton, CA 934127 



D4tte Kerr 
Operations/Sales 




NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER #7 

DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of 
subcontractors is submitted with the proposal and made a part thereof. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed 
under the contract, he shall be deemed to have agreed to perform such portion himself, and 
he shall not be permitted to subcontract that portion of the work except under the conditions 
hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was 
designated in the original bids shall only be permitted in cases of public emergency or 
necessity, and then only after receiving written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or 
labor or render service to the Contractor in or about the construction of the project and that 
portion of the work to be performed by the subcontractor is as follows: 

Subcontractor Portion of Work 

License or Item(s) of work Percent of 
Subcontractor's Name and Address Number to be performed Total Contract 

1 Cassil Freight _ End Dump .5% 

5054 Peabody Road _ _ _ _ 

Fairfield. CA 95433 _ _ _ _ 

2, Poterio Hills Landfill _ Landfill for _ .1% _ 

3675 Potero Hill Lane _ Disposal of _ _ 

Susion, CA 94585 _ Filter Sand _ _ 

3 Sunstate Equipment Rental Forklift Rental .5% 

5737 Pacheco Road _ _ _ _ 

_ Pachen. CA 94553 _ _ _ _ 

4. Global Tranz _ Freight Co. _ _ ,75% _ 

PO Box 71730 _ _ _ _ 

Phoenix AZ 85050_ _ _ _ 


5 . Farwest Sanitation _ Port A Potty _ .0001% 

3911 Laure Alico Wav _ _ _ _ 

_ GnnnnrH, GA _ _ _ _ 

0 Santa Clara Transfer Freight Co. .001% 

11080 Commercial Parking _ _ _ _ 

_Castroville,_CA 9501?_ _ _ _ 


Note: Attach additional sheets if required 
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NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


Sugath Kapuge __ being first duly sworn, deposes and says that he or 

iSe is CFO of CAC t he party making the foregoing bid, that the bid is not made in the 
interest of, or on behalf of, any undisclosed person, partnership, company, association, 
organization, or corporation; that the bid is genuine and not collusive or sham; that the bidder 
has not directly or indirectly induced or solicited any other bidder to put in a false or sham bid, 
and has not directly or indirectly colluded, conspired, connived, or agreed with any bidder or 
anyone else to put in a sham bid, or that anyone shall refrain from bidding: that the bidder 
has not in any manner, directly or indirectly, sought by agreement, communication, or 
conference with anyone to fix the bid price of the bidder or any other bidder, or to fix any 
overhead, profit, or cost element of the bid price, or of that of any other bidder, or to secure 
any advantage against the public body awarding the contract of anyone interested in the 
proposed contract; that all statements contained in the bid are true; and further, that the 
bidder has not, directly or indirectly, submitted his or her bid price or any breakdown thereof, 
or the contents thereof, or divulged information or data relative thereto, or paid, and will not 
pay, any fee to any corporation, partnership, company association, organization, bid 
depository, or to any member or agent thereof to effectuate a collusive or sham bid. 


I certify (or declare) under penalty of perjury under the laws of the State of California that the 
foregoing is true and correct. 



NOTE: THIS FORM MUST BE NOTARIZED. 
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state of California 
County of 

Subscribed and sworn to (or affirmed) before 
me on this day of 20 

_, proved to me 

on the basis of satisfactory evidence to be the 
personj(8jrwho appeared before me. 


(Seal) Signature 






PATRICK F SULLIVAN^ 
Conrwn. No. 1927432 Q 

NO TABV PUBLIC - GAUFORNtA p 
LOS ANQELE8 COUNTY - 

My Comm. &>. MifCti 3. 2018 % 







CERTIFICATE OF ACKNOWLEDGMENT - Attomey-in-Fact 


STATE OF CALIFORNIA ) 

COUNTY OF _) ss. 


On this day of in the year before me, the undersigned 

Notary Public in and for said state, personally appeared3^f_personally 

known to me (or proved to me on the basis of satisfactory^vidence) to be the person 
whose name is subscribed to the within instrument, as the Attomey-in-Fact of 

_acknowledged to me that he/she subscribed the name 

of_thereto as principal and his/her own name as 

Attomey-in-Fact. 


Notary Public in and for the 

County of_ 

State of California 


(SEAL) 





f\ I'-J 


My Commission Expires_ 

/V jidf- 

7 ^ 
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EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1, 2CX)1 the State Employment Development Department (EDD) requires the following. 

Please complete the following: (To be complete by the department) 

Department:_Date of Contract:_ 

Authorized by Res. No.:_^Contract Expiration Date:_ 

Person Reviewing EDD Requirements:_Phone:_ 


EDD REPORTING REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount of $600 
(six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following information to CITY to comply with EDD 
reporting requirements: 

A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, limited liability 
corporation, non-profit corporation or other form of organization. 

B. If CONSULTANT Is doing business as a sole proprietorsNp, CONSU LTANT shall provide the fuil name, address and social security 
number or federal tax identification number of the soie proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT'S federal tax 
iderrtification number. 

*************W********************************************************************************************************************************************* 

Dear Contracting Company: 

Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 
Please indicate the type of business and provide the information requested: 


BOX1 


NAME AND ADDRESS 

FULL NAME 

Carbon Activated Corp. 

ADDRESS 

250 E. Manville 

CITY, STATE, ZIP 

Compton, CA 90220 


BOX 2 


X Box 

TYPEOFByStNESS 

SOCUU. SECURETY NUMBER ANDO^ 

FEDERAL ID NUM^R 


SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


X 

CORPORATION 

95-4577883 


LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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Carbon Activated Corp. 
Name of Firm 


250 E. Manville Street 
Business Address 


(310) 885-4555 



Contractor's License: 

Q r^loce* A 

b. Number: 842091 

c. Expiration Date: 07-31-2012 _ 

FEI Number: 95-4577883 _ 

If corporation or partnership, give legal name of corporation, president, secretary, treasurer, 
or names of all partners. 


Lionel Perera 


Nirmala Perera 
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INSURANCE BROKER CERTIFICATION OF COMPLIANCE WITH INSURANCE AND 

BOND REQUIREMENTS 

For each insurance coverage, the broker of record shall complete this form. Copies of this 
form should be completed if more than one broker of record exists for placement of all the 
required coverages. 

NAME/FIRM NAME OF INSURANCE BROKER: OjL 

ADDRESS OF INSURANCE BROKER: S. AtxiL 

C9[^Oo(C\, c^l\r 


TELEPHONE, FAX, AND E-MAIL ADDRESS OF INSURANCE BROKER:_ 

Ul-O * P OX-U ^ lit>Ae>XSud^^<a^ 

The following cerllflcation applies to the coverages marked below: 

« General Liability 

• Excess/Umbreila l^ bllltv 
<x ~Autdmoblie Llabliitv^ 

’• Workers’ Compensa^n 
« Builders’ Risk/Course of Construction 

• Bidder's Bond 

• Payment Bond 

• Warranty Bond 


I have read the General Conditions, speciflcaily Articles 5, regarding bonding and insurance 
coverages. Insurance conditions are also listed In the Notice to Bidders, item 10; Instructions 
to Bidders, Articies 5 and 25; and the Bid Form. I attest that the bidder is capable of 
complying with the coverage requirements of Article 5, and that the insurer and/Or broker is 
obligated to supply Insurance and bid documents in full compliance with the requirements set 
forth In the General Conditions should bidder be awarded the contract. 

A simple Insurance certificate and required endorsements are attached documenting the 
coverages currently In place. Deductibles and self insured retentions must be stated for each 
coverage. 

Exceptions to the Insurance requirements may be indicated below. Specifically list the Article 
section to which exception is stated, the nature of the exception, and the alternate means of 
satls^ing the requirement. The City reserves In its sole discretion whether to accept or reject 
such exceptions. The listing of exceptions shall not serve as City acknowledgement or 
acceptance of the listed exception. 


P-9 





Exceptlon(s);. 


By my signature below, I attest to the accuracy of the Infonnatlon provided above, and that 
the Insurance requirements will be met if ttie Wdder Is awarded the contract, In accordance 
with the Bid Form. 1 further acknowledge that the bidder will forfeit the Bidder's security or 
bond should the insurance requirements not be complied as set forth In the bid documents. 



Broker Signati 




By my signature below, I attest to the best of my knowledge that the information provided 
abovejeiTDffend correct. 





^Idd^rStghature and Date 




rNSURANCE BROKER CERTIFICATION COMPLIANCE WITH INSURANCE AND 

BOND I^QUIREMENTS 

fm covemge, the broker of record shall complete this form. Cc^ies erf this 

form should be completed if mewe than cme broker of rasKtl exists for plaoanent of all the 
required ooveragps, 

NAME/FIRM NAME OF INSURANCE BROKER: WXnQ.lf ^ 

Hamie xnsurcence services _ 

ADDRESS OF INSURANCE BROKER:_ 

as33 L£onts %ivci..SU\iC __ 

\ferncn, CfV Rd05% 


TELEPHONE, FAX, AND E-MAIL ADDRESS OF INSURANCE BROKER: __ 

{ 3lh) (g) § 26 ) SS1--%8^1F) gfTi^i^manaltins .e arn 

Tfte following certification applies to the coverages marked below: 

• General Liability 

• Excess/Umbrelia Lratrfiity 

• Automcrfjile Liafciiity 
(^Workers' Corrpen^otT> 

• Builcters’ ra^CX)urse of Construction 

• Bidder's Bond 

• Payment Bond 

• Warranty Bond 


I have read the Genera! Conditions, specificaiN Artides 5, n^srting bonding and insurance 
coverages, insurance conditions ara also listed in Notice: to Adders, item 10; Instructions 
to Bidders, Articles 5 and 25; and the Bid Fonm. I attest that the ttdeter is capable of 
complying with the coverage requirements of Article 5. and that the insurer sndlor bnerfeer is 
obl^^ed to ^pply insurance and bW documents in lull rompliance with the rec^remonts set 
forth in ttie General Conditior^ should bidder be awarded the contract. 

A simple insurance c^ificate and required er^dorsements are attached docMnerrttng the 
cuvi^^^s currentiy in place. Dedut^btes and self insuriKl netentkm mus^ be stated for eacrf> 
coverage. 

Exiraptions to the insurance requirements may be Indicate bi^ow. Specifically list the Article 
section to which exception is statist, the nature of the excejrfion, and the alteri^te iroar^ erf 
satisfying the requirem«it. The City re^rves in its sole (Ssexetion wtether to aosept or rejed 
such exceptions. The listing of exceptions shall not serve as City acknourft^gemenl or 
aoseptance of the list^ excep^on. 
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Ejecepficn(s): 


By my signature beiow, I attest to ttte acxxiracy of ttm information prodded abo\«. aid that 
the insurance regiuremente will be met if the tedder is awarded the contract, in acoardanoe 
with ti^ Bid Fonm. I further acknov^edge mat t}% tedder wilt forfeit me Bidder's seoirity or 
bond should the insurance re^siirOTents pot be complied as set form in the bid docum^s. 




An^y—Mti-Aale — htnhQ\'' 


Iij7/l2 


Broker SEgnature and Date 


By my sigpatufebelow,! attest to the best of my knowled^ tt^t the tnformatic«i provided 
above^siroe andlcofrect 


//-/3-2V2^ 

Biddw'Signature and Date 
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INSURANCE BROKER CERTIFICATION OF COMPLIANCE WITH INSURANCE AND 

BOND REQUIREMENTS 


For ^ch insurance coverage, the broker of record shall complete tills form. Copi^ of this 
form i^iould be completed if more than one brdcer of record exists for placement of all the 
required coverages. 

NAME/FIRM NAME OF INSURANCE BROKER: Andrea Lynn Rootes _ 

Tegner-Miller Insurance Brokers 


ADDRESS OF INSURANCE BROKER; 2001 Wilshire Blvd #101 Santa Monica, Ca 
90403 


TELEPHONE, FAX. AND E-MAIL ADDRESS OF INSURANCE BROKER: 

310-526-1743 -310-453-7971 andrea@tmib.com 


The following certification applies to the coverages marked below; 


General Liability - 
Excess/Umbrella LiabilityC<W<ji 





i have read the General Conditions, specifically Articles 5, regarding bonding and Insuraice 
coverages. Insurance conditions are also listed in the Notice to Bidders, item 10; Instructions 
to Bidders, Articles 5 and 25; and tiw Bid Form. I attest that the bidder is capable of 
complying with the coverage requirements of Article 5, and that the insurer and/or broker Is 
obligated to supply insurance and bid documents in fijli compliance vi^ the reqinr^ents set 
forth in the General Conditions should bidder be awarded the contract. 

A simple insurance certificate and recpjired endorsements are attached doasnenting the 
cover^es currently in place. Deductibles and seif insured retentions must be stated for each 
coverage. 

Exceptions to tiie insurance r^uirements m£^ be indicated below. Spedficaily list the Article 
section to which exception is stated, the nature of the exception, and the alternate means of 
satlsf^ng tiie requirement. The City resaves in its sde discretion whether to accept or reject 
such exceptions. The listing of exceptions shall not serve as City »:iaiowledgement or 
acceptance of the listed reception. 
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^ my signature below, 1 attest to the accuracy of ttte information pravicled above, and tiiat 
the insurance requirements will be met if the bidder is awarded the contract, in accordance 
with the Bid Form. I further acknowledge that the bidcter vwll forfeit the Bidder's security or 
bor^should the insurance requiranepte not be complied as set forth in the bid documents. 


uh 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

PROPOSED SUBSTITUTIONS OR "OR-EQUAL" ITEMS 

REPLACEMENT OF MEDIA IN FILTER #7 
NORTH BAY REGIONAL WATER TREATMENT PLANT 

A. Whenever materials or equipment are indicated in the Contract Documents by using the 
name of a proprietary item or the name of a particular manufacturer, the naming of the 
item is intended to establish the type, function, and quality required. If the name is 
followed by the words "or equal," indicating that a substitution is permitted, materials or 
equipment of other manufacturers may be accepted if sufficient information is submitted 
by the Bidder to allow the ENGINEER to determine that the material or equipment 
proposed is equivalent or equal to that named, subject to the following requirements: 

1. The burden of proof as to the type, function, and quality of any such substitution 
product, material or equipment shall be upon the CONTRACTOR. 

2. The ENGINEER will be the sole judge as to the type, function, and quality of any 
such substitution and the ENGINEER'S decision shall be final. 

3. The ENGINEER may require the CONTRACTOR to furnish additional data about the 
proposed substitution. 

4. The OWNER may require the CONTRACTOR to furnish a special performance 
guarantee or other surety with respect to any substitution. 

5. Acceptance by the ENGINEER of a substitution item proposed by the 
CONTRACTOR shall not relieve the CONTRACTOR of the responsibility for full 
compliance with the Contract Documents and for adequacy of the substitution. 

6. The CONTRACTOR shall pay all costs of implementing accepted substitutions, 
including ENGINEER’S and OWNER’S review costs and costs of redesign and changes 
to contemplated WORK necessary to integrate the proposed substitution into the 
WORK. 

B. The procedure for review by the ENGINEER will include the following: 

1. If the CONTRACTOR wishes to provide a substitution of "an equal" item, the 
CONTRACTOR shall list the substitution on the LIST OF PROPSED SUBSTITUTIONS 
in the Bid Form and make written application to the ENGINEER on the "Substitution 
Request Form" within 14 days following submission of the Bid. 

2. Wherever a proposed substitution item is not listed in the LIST OF PROPSED 
SUBSTITUTIONS, has not been submitted within said 14 day period, or wherever the 
submission of a proposed substitution material or equipment has been judged to be 
unacceptable by the ENGINEER, the CONTRACTOR shall provide the material or 
equipment indicated in the Contract Documents. 
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3. The CONTRACTOR shall certify by signing the Form that the list of paragraphs on 
the Form are correct for the proposed substitution. 

4. The ENGINEER will evaluate each proposed substitution within a reasonable period 
of time. 

5. As applicable, no shop drawing submittals shall be made for a substitution item nor 
shall any substitution item be ordered, installed, or utilized without the ENGINEER'S 
prior written acceptance of the CONTRACTOR'S "Substitution Request Form." 

6. The ENGINEER will record the time required by the ENGINEER in evaluating 
substitutions proposed by the CONTRACTOR and in making changes in the Contract 
Documents occasioned by the substitution if it is accepted. 

C. The CONTRACTOR'S application shall address the following factors, which will be 
considered by the ENGINEER in evaluating the proposed substitution: 

1. Whether evaluation and acceptance of the proposed substitution will prejudice the 
CONTRACTOR'S achievement of Substantial Completion on time. 

2. Whether acceptance of the substitution for use in the WORK will require a change in 
any of the Contract Documents to adapt the design to the proposed substitution. 

3. Whether incorporation or use of the substitution in connection with the WORK is 
subject to payment of any license fee or royalty. 

4. Whether all variations of the proposed substitution from the items originally specified 
are identified. 

5. Availability of maintenance, repair, and replacement service. 

6. Whether an itemized estimate is included of all costs that will result directly or 
indirectly from acceptance of such substitution, including cost of redesign and claims of 
other contractors affected by the resulting change. 

7. Whether the proposed substitute item meets or exceeds the experience and/or 
equivalency requirements listed in the appropriate technical specifications. 

D. Without any increase in cost to the OWNER, the CONTRACTOR shall be responsible 
for and pay all costs in connection with proposed substitutions and of inspections and 
testing of equipment or materials submitted for review prior to the CONTRACTOR'S 
purchase thereof for incorporation in the WORK, whether or not the ENGINEER accepts 
the proposed substitution or proposed equipment or material. The CONTRACTOR shall 
reimburse the OWNER for the charges of the ENGINEER for evaluating each proposed 
substitution. 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 


LIST OF PROPOSED SUBSTITUTIONS 

NORTH BAY REGIONAL WATER TREATMENT PLANT 
REPLACEMENT OF MEDIA IN FILTER#? 


The Bidder proposes the following substitute or "or equal” products Identified below : 


Specification Section 
and Paragraph 

Substitute 

Equipment/Material 

Substitute Manufacturer 
(List Oniy One for Each 
Equipment or Materiai) 

11428 Sand Media 22E 

.53-.60mm meets specifications 

Silica Resources 


on page 11428-2 2.3 Filter Desig 

^ Marysville, CA 95911 
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